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SECRET 


3APC- 12647 
Copy 1 of 3 

28 January 1957 


MEMORANDUM FOR THE RECORD: 


SUBJECT: Amendment Ho. 3 to Contract Ho. BC-200, Hycon 
Mfg. Company, Pasadena, California, Project 

(aqiiatone) 


1. This memorandum contains a recommendation for the 
approval of the Project Director. Such recommendation Is 
contained In paragraph 5* 


2. Contract Ho. BC-200 covers the production and de- 
livery of the A-2 and B cameras as veil as related spare 
parts and snares for th e overh aul p rogram. The 

contract covers "both 


A mendment Ho. 1 provided for the Con' 

( 7 ) Individuals to be furnished by th 
tenance and repair of the A-2 and B cameras. 


and AQQATOHE requirements . 
to tr ain seven 

the nain- 



3 . Amendment Ho. 2 corrected the name of the company 
from "Hycon Manufacturing Company" to "Hycon Mfg. Company" . 

The progress payment article was changed to provide for reim- 
bursement of direct costs, burden and G&A In addition to that 
eas originally allowed, i.e. , direct labor, material 
and/or c omponent parts purchased. The A m e ndm ent also provided 
for the cost of factory overhaul during the months of May and 
June 1956 and for the Contractor to furnish additional film 
spools and sets of shipping accessories. 


4. Amendment Ho. 3 covers the procurement of two (2) 

A-2 Mount Assemblies. The target price for this additional 
work Is $14,400.00 with a celling price of $15,721.10. The 
$15,721.10 should be obligated against AQDEATOHE FT 1957 funds. 

results In a revised total t arget price of i 

The 
In 


and a total ceiling price of 
Director of Central Intelligence previously 

m; 


certified that 


accordance with the provlsl 
110 that a sum not to exceed 
tract Ho. BC-200. 



10 )b of Public Lav 
available for Con- 
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5- Approval of A— ad— at Ho. 3 to BC-200 and execution 
thereof oa behalf of the Agency by the authorised Project 
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